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Camera Requirements (IDEALIST) 



1. Six cameras are la operational nt on the 'l” 
Program. This quantity ia insufficient to support the current 
level of activity and permit neceasary maintenance and over- 
haul procedures nor does it provide for a cushion to cover 
foreseeable increased activity or replacement ©pares for 
attrition. 

3. The number of additional cameras required to 

provide this capability is six. It is felt that the ties 
period during which these requirements will become critical is 
three to seven months. 

3. Several alternative courses of action have been ex- 
amined la aa effort to establish the most reasonable solution, 
however, the problems involved in obtaining long lead time 
items such as lenses, mirrors and Q bay windows, plus the time 
required to train field crews, processing teams and photographic 
interpreters in the handling of a nee and unfamiliar system 
suggests that the following course of action has the best 
chance for success within the time limits. 

a. Contract with Hycoa to produce immediately three 
h B m cameras using borrowed inventory parts. These cameras 
would incorporate a new tension sensor and new oblique drive. 
This approach would employ a 36” f/10 leas presently on order 
from Diffraction Ltd and three of which are due for delivery 
during the first week of May, and four more by 22 May. These 
were ordered for best German F-104 Program but can be diverted. 
Theme cameras can be delivered within to days if Bye on is given 
authorisation to use | I of their present HR -333 contract 

to ismediately order replacements for the diverted lenses and 
other long lead time components. These cameras will be essen- 
tially identical to the present M B" cameras plus the Incorpora- 
tion of minor improvements to Increase reliability. 

h. Order three more "B M cameras for delivery ia 
October and November 1963 incorporating major improvements 
that will increase the ground resolution by 20 to 3© per cent. 
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lHprofMients to be studied include but axe sot Halted to: 
a 36" l*m of larger aperture to cover an 1*“ X 16” format, 
a stable platform to Halt image movement due to aircraft in- 
stability, a high speed focal plan# abutter already developed 
for another project. 


Hyeoit eatiaatea that the t h re e, camera® in paragraph 


of 


each plus 


each and the three 


3a above, earn be delivered for — - — - - 

irtmy veff in _yar agraph 3 |* above , would coat la the neighborhood 


, for a stabilised platform de 

velopaent if it ia found feasible and ne cess ar y, t>tal price 


SOM for these six cameras would then be 


ft. This approach will provide the project with sufficient 
cameras to support our imasdlate needs and afford an improved 
capability by Movember 1663. 

6. It is urgently recommended that immediate action be 
tabes to Implement this procurement . 


25X1 A 

Development vi vision 

Dist: 2 - Add OSA DD/E 

1 - Adtola/OSA 
1 - Fin/OSA 
1 - CD/OSA ' 

1 - MD/06A 
1 0D/08A 

1 - DD/€hroao/08A 
1 - RB/03A 
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